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BILL NO. S-77-04- 


SPECIAL ORDINANCE NO. S- "1*^ - X'l 

AN ORDINANCE approving a contract 
with Martin, Inc., for Resolution 
No. 5752-1977. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
JAYNE, INDIANA: 

SECTION 1. That the contract dated March 30, 1977, 

)etween the City of Fort Wayne, by and through its Mayor and the 

Soard of Public Works and Martin, Inc., for: 

Resolution No. 5752-1977: Demolish buildings 
and structures and clearing site at "Old Crown 
Brewery" building, west of Syp Run Avenue more 
particularly located on part of Lots #2, and #3 
in C. L. Centlivre Brewing Co. Addition and part 
of the Old Feeder Canal. 

:or a total cost of $74,315.00, all as more particularly set forth 
.n said contract which is on file in the Office of the Board of 
>ublic Works and is by reference incorporated herein, made a part 
lereof and is hereby in all things ratified, confirmed and approved 
SECTION 2. This Ordinance shall be in full force and 
iffect from and after its passage and approval by the Mayor. 





APPROVEij ASTOFORM 
Alfe^^lTY,. 












Read the first time in full and on motion by . seconded by 

[J- and duly adopted, read the second time by title and referred 

to the Committee on _(an:dr’1die--6irty^l-aft--Ge® for 

recommendation) and Public Hearing to be held after~dire~”reghl-m:ot4ee-,-- Council 

Chambers, City-County Buildingr~ForriVayTii7"Ihdl'aiiay~on- -~^^ the day 

of 




1976, at 



DATE: _ __ _ 

CLERK 

Read the third time in ftill and on motion by !X^./CX 


seconded by 

. jcxY,'a^Kc^; > and duly adopted. 

placed on its 

PASSED C-&©§¥■) by the following vote: 


AYES 

NAYS ABSTAINED 

ABSENT 

TOTAL VOTES 

m 

1 v \ 1 1 

1 1 

BURNS 




HINGA 

HUNTER 




MOSES 




NUCKOLS 

■ ^ 



SCHMIDT, D. 




SCHIMDT, V. 




STIER 




TALARICO 

DATE: 

H/ac? t'n 




CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

as (Z€)Nli^GHHAP^—f-GENEibAE-)--^AlfNE-X^^ C SPECIAL) C^-PTROPRTSTIUITT 

ORDINANCE eTlRSOLtm-ONy~ No. “5-1?-~]"1 on t^e r^UlK day of , ml. 

ATTEST: ( '.SEAL) r 1 



CIT^CLERK ^T’RESIDING OFFICER 

, Presented/by me ,tb the Mayor of the City of Fort Wayne, Indiana, on the 
day of ^ 






_, 197^, at the hour of 1 I o ’clock _M.,E,S.T. 


CLERK 

Approved and signed by me this J-/ d ay of 

at the hour of f.'3o _ o'clc 




































































































Bill No. 


S-77-04-03 


We, your Committee on 


REPORT OF THE COMilTTEE ON FINANCE _: 

Finance to whom was referred an Ordinance 


approving a contract wHh HarttOa for Resolutton No/ E752T^1977 


have had said Ordinance unde<con^deration and beg leaVe to report back to^ the Corr^on 
Council that said Ordinance - PASS. j ! _ 

l^UluihiA / 


WILLIAM T. HIHGA - CHAIRMAN 




JAMES S. STIER - VICE CHAIRMAN 




VIVIAN G. SCHMIDT 





PAUL M. BURNS 





FREDRICK HUNTER 






daiu-t:— 

CONCURRED IN 

^CHARLES W. 

CSTY CLERK 





















































THE CITY OF FORT WAYNE 



FORT WAYNE, INDIANA 46802 


March 21, 1977 


The Common Council 
Fort Wayne, Indiana 

Gentlemen and Mrs. Schmidt; 


A contract has been let to Martin, Inc, in the amount of $74,315.00 for the 
demolition and site clearing at "Old Crown Brex^ery" location at Spy Run and 
Clinton. This vras the loxf of four bids received. 

The State Highxiray will redesign the intersection and is most anxious to see the 
demolition in progress so they can schedule their portion of the project for 
bids. Martin, Inc. is in a position to begin work as soon as Councilmanic 
approval is received. The Board, therefore, requests a "Prior Approval" of 
their contract. 


An Ordinance will be submitted for formal approval as soon as contract 
documents are executed. 


Sincerely, 


BOARD OF PUBLIC WORKS 




AN EQUAL OPPORTUNITY EMPLOYER 


© F.W.B.C. 









PF\(piECT OLD d'g.ooJM QbutujD.iK^ 

D/‘/T£ I^nl ■■___ RES. N O. — 


BID ^N A LYS!S SHEET city engineer 

- - PORT WAYNE INDIANA 


MATSWd:! 


CONTRACTORS 


' STREETS-ALLEYS—SIDEWALKS 

IU ^ N U NI T MATERIA.] 




L.S. 


5^ 




'■)0,OOC>- 


/!>oo-i>> r-^K^P/:>,c-n(SS^ 




"Tot^u 


fonpc>6' 


V O, COO 


30,000" 


MAtLTllO j Xsv:-. 


UNIT 

BID.- 




UJ{s.sr\-svDE, Ca»^5rr. 

Os . V Xv->g-- 


UNIT 

BID 


3-0,000 — 


32^ >45'-' 




26^333- 


TOTAL 


^Z,\4S'^ 


Z6.33r ^ 




<Soo,ciC 

CLoio-s>T. Co. , Jsic.. 


UNIT 

■BIB- 




TOTAL 

gID 


(^^,^oo^. 


/r,<y).4 








2»a^ ci^cari 


c:fTi\ FriKi Ejsrre.i?^PR.^scS 

HjNiC*^ 


UNIT 


TOTAL 

Bj.a 






78, 7az 



































































































































CONTRACT 


/'n-- 

CITY PAID 
SUBJECT TO COUWCIIMANIC APPROVAL 

PRELIMIIIARY MEETING _■ 

RATIFICATION _ 



made and entered i 


day ^ 19 Z7 


by and hetwfpn 

---MARTIN, INC. 


hereinafter called “Contractor” and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called “City," under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled “An Act Concerning^ Municipal Corporations,” approved March 6, 1905, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im- 

prnv» Resolution No. 3732-1977; Demolish buildings and structures and clearing site 

at "Old Crown Brewery" building, west of Spy Run Avenue more particularly located 

on nart of Lots #2. and in C. L. Centlivre Brewing Co. Addition and part of the 


Old^ Feeder . . Canal, 


by grading and paving the roadway to a width c 


xxxxxxxxxxKxxmxmxxmjQcmxxxxmxxxxxx xxKmxmxmiQQcxxxxxxxxxxxmxYmx 

upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve¬ 


ment Resolution 1 


At the following prices: 

Building Demolition, Disposal & Clean Up Fifty-Thousand dollars 

and no cents $ 50,000 

Special Backfill & Compaction Twenty-four Thousand, three 24,315 

himdred fifteen dollars and -- 

no cents 

Total Seventy-four Thousand, three 

hundred fifteen dollars and 
no cents $74,315.00 


The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with Sections 5, £ 8 , 69 'of the Workmen's 
Compensation Act, approved March l4, 1929, in accordance with Section l4 of the 
Compensation Act (Acts I 929 , page 545, being Section 9459 of Burns Annotated 
Statutes, Volume IV). (Section 40-12l4 Burns Annotated 1952 Revision - Voliame VIIl). 

A copy of General Ordinance No. G- 6 O- 66 , concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 























The Contractor hereby expressly agrees to perform all the work in the prosecution of the above 
described improvement according to the terms and conditions of Improvement Resolution No.-S5.?-r.7.7. 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). > 

It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City; said Contractor hereby covenants and agrees that said improvement shall be finally 

and in all respects completed on or before.__, 19 . 7 . 1 — and the Contractor agp'ees to pay and 

give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 

_.data__, 19_until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 

It is further agreed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima facie 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part of said work or material. 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintai ned and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect or fault of the said Contractor, its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City, growing out of any such injury or damage. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this. 



Contractor, Party of the First Part. 


City of Fort Wayne, By and Through: 






















GUARANTY BOND 


Enaa* All bg That we----:::::zrj::::/i::" r - -" - r., 

as principal, and—" ~ " ~ r ~,. 7 "Z" ~~ .. 

-AMERICAN STATES INSURANCE COMPANY OF INDIANAPOLIS, INDIANA- 

--:--—:-as surety 

are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of SEVENTY FOUR _ 

■THOUSAND, THREE HUNDRED FIFTEEN DOLLARS AND NO CENTS --- 


-74,3i^.OC ^ 

for the payment of which well and truly to be made we Jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said_ . 


■-MARTIN, INC. 


—day of— 


., enter into a contract with the City of Fort Wayne to* 


jPiyeme'nt, 


Resolution No. 5752-1977 


jgsgggpggec De molish buildings and 'struc'tuges '' 


and c le aring site at "Old Crowi Brewery" building, w e st of Spy Run Avenue mor e " 

particularly located on part of Lots #2 and #3 in C. L. Centlivre Bre-wing Co. . 


Addition and part of the Old Feeder Canal. 


.,--i:--according to certain plans and specifications, and 

for a period of^ three years 

also warranting and guaranteeing the worl^ material and condition of the pavement thereof as provided 
in aforesaid contract and specifications. Now if the said. Z L" i ~ ~ 


■-Martin, Inc.- 


—...shall faithfully perform and fulfill all the require* 


ments of said warranty and guaranty, and make all repairs required under said guarantee, and in the 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. 

























































LIABILITY BOND 


Snaia All Isg E^tst p»0«its. That we_l 

-MAETIK, INC. 


as principal, and-T^AMEBIGMLJ. mTES ^.IISURMCE_.CQ|^MY_QF-JmMMiOLIS,J,DIM4^^^^^ 

---— ' n 111J i (y 

-- ■ • 

as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of— 

FOUR THOUSAND, THREE HUNDRED FIFTEEN ^LLARS M D NO CENTS--- 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our hei«,C ' 
executors, administrators and assigns firmly by these presents. ' ''/uni 

- -■■--- ---- ($.ZEEIE) 

The conditions of the above obligation are such, that if the above named party of the first part shall 
faithfully comply with the foregoing contract made and entered into the----- 


day of__-_^__, with the City of Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein contained, except the warranty and guaranty of the pave¬ 
ment as to the workmanship, material and condition s for the period of three,(3) years, according to the 
true intent and meaning thereof in all respects, the n this obligation to be void, otherwise to be and re¬ 
main in full force and virtue in law and in the event the said City shall extend the time for the comple¬ 
tion of said work, such extension shall not in any w ay release the sureties on this bond. 


WITNESS our hands and seals this._ 


—day of— 





Board of Public Works. 


COMPLETED IN STREET ENGINEERING DEPARTMENT 
March 21, 1977 




















































































3 ^^ 


f ORDIfWlCE fiPFriAL ORDINRNCE-Contract of Martin, Inc, for Resolution 5752-19 77 

DEPARIi'Eir REQUESTING CRDIi'WlCE board of public torks. , 




SYi'lOPSIS OF OPxDINAflCE nf Martin. Inc. . m amount , of, $74,315. 


for denolitioix-i 


+-<a <-iparing of "Old Crown Bres'Terv" site at. 


00 provides 


Spy Run 


srrl preparation for redesign of the intersection by the State. 

w-as t-.hR low of four bids received,---- 


(PRIOR APPROVAL WAS RECEIVED) 


EFFECT OF PASSAGE _ PT-P>pF)rp> For- rp^p^sicpi 


ER-ECT OF MQN-PASSAGE_ prior appr q^tat, rfoeived 


FfflEY INVOLVED (Direct costS/ ExPEmiTURES, Savings) 

street Bond Fund - $74,315v00- 


Cost to Board of Works from 


ASSIGHED TO cafUTTEE 










































